THE PORT AlfTHORfTY M K ^ ffl 



Memorandum 



TO: 
FROM: 
DATE: 
SUBJECT: 

REFERENCE 
COPY TO: 



Gerald Gaeta, Manager, Tenant Project Management, WTD 
C. John Lin 
August 16, 2001 

WTC - ALTERATION APPLICATION W-012149- FUJI BANK, LTD 
- 2 WTC, 80™ FLOOR -NEW PARTITION AND DOORS 

Review Request dated 8/03/01 

A. Fadavi, M. Hanna, D. Luey, M. Palmieri, T. Pulvirenti, J. Richardson, 
Job Folder 



The documents submitted with the referenced request have been reviewed and conditionally 
approved for construction subject to compliance with the one (1) comment on the attached Rider. 

Construction may proceed. However, the documents shall be revised and resubmitted, as per the 
comments. All comments must be resolved and documents approved prior to the completion of 
construction. 

REMARKS: 1) See the attachment for a list of approved drawings. 

2) Copy line distribution was via "Outlook*' only. 




C. John Lin, P.E. 
Manager 

Quality Assurance Division 



I.D.: W01-2I49-00I 

MLP/ddh 

att. 

Reviewers: 

M. Palmieri, Coordinator and Architectural; F. Diaz-Balart, Electrical; D. Luey, Fire Protection 



RIDER 



ALTERATION APPLICATION W-012149 



FIRE PROTECTION 



1. Drawing A-2: 

a) Legend: Add symbol for the new sprinkler head, and identify as "Reliable 
Automatic Sprinkler Co., Model G4, or G4FR "Concealer", BS&A 587-75-SA, with 
a 165°F temperature rating and nominal !4" orifice size". 

b) Show how the new sprinkler heads will be connected to the existing sprinkler piping, 
ie.; new piping with sizes. 

c) Add a new sprinkler in the General Office at the intersection of column lines 416 and 
331. See NFPA 13 (1989), Section 4-2.1.5.1. The distance from the walls to the 
sprinkler shall not exceed one half of the allowable distance between sprinklers. 



d) Notes: Add "3. Tnsulate all sprinkler piping and fittings with 15 feet of exterior 

wall. The pipe insulation shall be 1" thick, Manville Micro LOCK Fiberglass with 
all service jacket, or an approved equal. All insulation (including jacket, or facing 
and adhesive) shall have composite fire and smoke hazard ratings, as tested by 
procedure ASTM E-84, NFPA 255 and UL 723, not exceeding a "Flame Spread' 1 of 
25 and "Smoke Developed" of 50." 



0816501 



ATTACHMENT 



ALTERATION APPLICATION W-012149 

Subject to compliance with the requirements listed in this Memorandum's Rider, the following is a 
list of approved drawings. 

Drawing Dated Revised 

T-l 07/30/01 / / 

G-l 07/30/01 / / 

A-l 07/30/01 / / 

A-2 07/30/01 / / 

A-3 07/30/01 / / 
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THE PORT AUTHORITY OF NEW YORK & NEW JERSEY 
ENGINEERING DEPARTMENT - DESIGN DIVISION TAA REVIEW REQUEST 



To: J>, 



{Reviewer) Location:, 



From: QAD DESIGN STANDARDS 

TAA i 1 1 + 9 <- <5t> 1 



Date: ®j&/o\ 



Facility: 2 WTP/jfrO 

Rec'd. Date: 

Description of Work:_ 
Charge Code:_ 



(Submission #) 
Tenant: F U i\t £AR)K-. ^ | rTP. 



Review Disciplines 

Q Architectural 
rj Structural 
C HVAC 
fj Plumbing 

(w ^Fffe^Protection/ Sprinklers/Etc. 

□ Electrical/Metering 
C Utility* 600 V/ 5 KV 
Q Ctvfl 

q Geotechnical 

□ Environmental/Asbestos Abatem'l 
□ . Fueling 

□ Radio Frequency Coordination 

□ Corrosion Protection 

□ Elevator/Escalator 

□ Traffic 

□ Otherfspecify) 



Attachments 
Q Document List 
Q-Gomract Drawings 

□ Contract Specifications 
Q Tenant Response 

□ Calculations 

□ Catalog Cuts 
O Reports 

Q Certifications 

O Previous Rider 

O Other (specify) 



Special Instructions 



Reviewer Information 

Name 



Date started ^ J j 

Date completed DUE DATE: ^7)4V 0 1 

Review time(days) 

ff New comments Please notify the COORDINATOR if you cannot 

U Repeat comments complete the review by the due date. 



Please review the attached submittal; FAX and send your written comments to the 
following COORDINATOR: 

Name: K PAl lAlfeKJ Location: "7^> 

Phone ff- it-°\ ) 22-4^ FAX#: (2/1 )Z\U>- ZOOS 

(rt\z um^ w) tine \\) 

If responding by f ax / please advise coordinator in advance at telephone 
number indicated . 

-y\.€-W£ NOTIFY CXJVfPlViClo^ I M 1\&V • h~T\ZT^t OfDKi 





THE PORT AUTHORITY OF NEW YORK AND NEW JERSEY 



DISTRIBUTION 


No 


To 


Facility 


A 


QAO 




;$ 




PATS 


"■■ ■ a m a m a " " "■■ " " W m* a m a a m a a a m a 










-N — 












1 


D.Gonzales 
LERA 


2WTC 
35FL 


1 


G. Gaeta 


88-S 




RiiSiirioriietti 


2W.TG 








S. Batra 


2WTC 
35-N 




A. Burton 


2WTC 
35-N 




C. Semah 


86 m Fl. 









TH 



Facility 2 WTC Flr80 ,n TAA No. 012149 
Application / Tenant FUJI BANK LTD 




Consultant KAJIMA ASSOCIATES 



Estimated Cost $ 150,000.00 Submittal No. 1 



Description of Work 

NEW PARTITION AND DOORS 



Project Manager: Thomas Plilvirenti 

Location: 1 WTC - 88 - South 
Phone: 435- 2562 
Fax: 435-8168 



itrl 



DESIGN DISCIPLINES 

□ Egress Analysis 

□ Structural 

0 Plumbing 

Kl^ltictnBai 

□ Utility > 600 V 

□ Civil 

□ Geotechnical 

□ Environmental 

□ Fueling 

□ Radio Freq. Coord. 

□ Corrosion Protection 

□ Elevator / Escalator 

□ Other 

Copy To J. Richardson, M. Hanna, 
J. Barbella, A. Serpe. 



ATTACHMENTS 

□ Document List 

□ Contract Specifications 

□ Tenant Response 
O Computations 

□ Reports 

0 Catalog Cuts 

□ Other 

Special Instructions 



DESCRIPTION 



uf-Hlit: COP 



THE PORT AUTHORITY OF N Y. & N J. 

ENGINEERING DEPT. QUALITY ASSURANCE OIV. 

N STANDARDS 



u*rur 




ALTERATIONS APPLICATION 
TLNAN1 CONSTRUCTION REVIEW UNIT 



Signature 



File Fee * 
Contract * 



TUZ PO RT AUTnORlTY OF IN V & NJ 

One World Trade Center, New York. NY 1004* 



TENANT CONSTRUCTION OR ALTERATION APPLICATION 



or Po f l Aulfi only only 


FACILITY 

WTC 


APP. NO. 

OI2-U-R 


DATE 


APFLICANTStfAME 

Foil 



I APPLICANT MUST READ THE TERMS AND CONDITIONS PRINTED ON THE REVERSE HEREOF 

The A pplica nl shall n o< com mene c pcrfo rm^nc c of an y of lhc s aid w orfc p nor to th c rccc ipc by A pplica nj of a c opy o f ihij np pi iertf io n duly 
jigncd in Pan T wo h crcof o n behalf of the P on Aa thoriry o f Nct* York and N e\v J ency . Upo n rccc ipt (here of, lhc A pplica ni »grc cj to p crfortn ;aid 
wort in accordance w\ih ihc following "fnformilton to he Fumijhcd by Applicant" And to cornply with and be bound by all requirement* and condition* 
sci forth fc>c!o w under lhc rcmaiVj, if any. in P,vt T ivo h crcof and lhc Ictttu and c ondilio ru icl forth on lhc reverse h crcof_ 



PART ONE: Information (□ be furnished by Applicant (Refer to your tease or permit for required informalion) 

PermijiLon fj hereby requested (o perform fhc following described work: on lhc jpacc occupied by fhc AppHcnnr 



AT (FACILITY) PURSUANT TO (LEASE 

WTC SPACE PERMIT) NU\fKR 


LOCAUON (BUlLDfNG NUMBER OR AREA) OF SPACE TO 8EALTERED 

2 WTC 80th Floor. 


DESCRIPTION OF WORK AND REASON 

New Partition and doors to existing space. 


ESTIMATED COST 

° FW0RK $ 105,000.00 


ESTIMATED TIME- 
TO ^Cy^-E^DAYS) 


START [NO 

DATE / / 


COMPLETION 

DATE / / 


n.tvr. tYinU of cacb*nning mtut be w famine d with copici of ^fft tfert'n n. Inc Ink do or pfc\ n ."rvj ow * ci nffcc lal by 
proposed worlc (size VA X 11" or larger). 


TITLE OF DRAWING 


DRAWING NUMBER 


DATED 


SEE TITLE SHEET 






NAME A ADDRESS OF CONTRACTOR 
(IF NOT KNOWN, SUBMIT LATER) 

Kajima Construction Services, Inc. 
395 West Passaic Street 
Rochelle Park, NJ 07662 


NAME AND ADDRESS OF EMHOTZER OR ARCHITECT 

Kajima Associates/Architect 

395 West Passaic St. 

Rochelle Park, NJ 07662 
aEtn: nr. Toad Springer, AIA 


TELEPHONE NUMBER 

201- 
"i 18-21 00 

LICENSE NUMBER 

9624 



^(^E^J^^C^^pF t^I^iY EE IN CHARGE OF WORK) 

Two World Trade Center 
New York, NY 10048-0042 
Attn: Mr- Hideya Kawauchi 



APPLICANTS WANfE (AS IT APPEARS ON LEASE OR PERMT) 



BY (SIGNATURE OF fiUUiO 



TITLE 




DATE 

/ / 



I have supervised the preparation of phn* and rpccircniion.i for the cnJire i*ort re prctcnl cd 
her dn And hcrcbyccrti fy thai they conform to the ixquircnvnia of lhc respective crwcrmeni.i. 
ordinances rciobl ion sand rcguUloruor the Qty, o**n or rrunidpnly h rcg;rd lo 
contfruc rion ruid rrn^jg gyi^^^^ jpJ^fg^fl^Jiy^mnji &njl iny cgnftJ lo hcaUii wkI 
protect icii which n> <fl9^^^^HypBSsSfn?H?^tt. ft*? crn private co rporw ion. 



SIGNA 
WEEK 



The Cent ncto r by jigning bcio w agree* lo oil t he t en ia and cundit iorw on t hit 
applied: on and p ri tiled on the revoke ikfc t hereof, including #5 indemnifying the 
Port AutrwriryArid further Agrees to be boitd by aJIridcn and schedule? 
attached to IhjAnpl/alion 



Signature 




(Daic) / 



(Contractor) 

Addrc-7 ima Construction Services, Inc 
395^wTTassaic St., Rochelle ^arK iNJ o/ 



Picnic advi jc the undcrigncd in ^Tiling, ^vhen this work h^j been compbicd 




ATE 



tific.Uian Prognm 
orld Trade Center 



(Applic: 



Signarurc 



ilJlfliM 



d62 



OP 



PART T WO; Prep* red by Port Aurhonty *f\d rcfurncd fo Applicant 

The above Ap plication □ Approved □Disapproved. Subjecttothc 
folbwin; condiion*; 

□ Continued on RVier - A," *B r " m C m m "F r - *rd "G" (Rider G wiMbc 
included onry for he Pro fas ioml CcrJi (ciiion Program) 

T RE PORT AUTHORITY OF NY i iNJ 



\ni PORT AUTHORIT Y O F NT & NJ. 
DESIGN STANDARDS 



HTLL! 





RECEIVE 

ftlTCRAT I QMS APPLICAT I O N 



TLfJflNT CONSTRUCTION REVIEW UNIT 



C«dc Cw"H»«r Oflicc 



I / 



v". 

Quality. Assurance Division 

Design Standards 

TAA No. * HJ^PJ - Charge Code: 

1 REVIEW STATUS 



Submission 
fNO. & U3te 


Res- 
ponse 
To 


Coordi- 
nator's 
Initial 


Memo 
Date 


Appro- 
val Date 


Faci- 
lity 
Rider 


v/uisian- 
ding 
Com- 
ments 


Remarks/Status 


DWG/SI 
Locati 








6> lie 








— 7^ 
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